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TO : Project Con?)troller 

FROM : Director, Development and Procurement 

SUBJECT : DeliveiT’ of "C" Camera Serlcd No. 3 under Contract 
No. SC-21-5^, OCTROI. 


1. The subcontractor under Contract No. S&>21-54» Hycon 
Mfg. Cosqpany, coiq>leted the "C” Camera Serial No. 3 the latter 
part of May 1957 except for the installation and calibration 
of the optical system vdiich is to be furnished by the prime 
contractor, Perkin-Elmer Corporation. Delays in deliveries 
by the latter have prevented the subcontractor from installing 
the lens and coiqtletlng their work. The optical system is now 
scheduled for delivery by 15 July 1957. 

2. The subcontractor has requested that it be permitted 
to bill during June 1957 for the camera less a reasonable 
charge for installation of the lens. It is understood that 
the contractor will have the shipping document signed by the 
prime contractor who will acknowledge receipt of the item. 

The equipment will then be stored in the prime contractor's 
Pasadena stores until the optical system is delivered at \diich 
time installation of the optical system will be made by the 
subcontractor and delivery to oxu* warehouse will then be 
effected. 

3. Under Contract No. SC-21-54> the prime contractor has 
an administrative charge for coordinating its work and that of 
the subcontractor. The subcontractor has been e^qieriencing 
financial difficulties. We have made minor concessions of this 
natiire in the past, but our recent change of procedure z^gard- 
ing physical acceptcuice by our Depot Supply Officer of cooqpleted 
equipment makes payments of this type in^ssible. 

4. In view of the substantial investment the Government 
now has in the subcontractor and the continuing need for its 
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services it is requested that 100^ of the subcontractor's 
billing be paid for the "C" Cainera Serial No. 3 (Item No, 

310) upon receipt of the claim. The subcontractor's 
claim will not Include the installation cost of the optical 
system therefore the full contract price will not be billed. 

The prime contractor's administrative charge of 3 % will not 
be honored until final delivery is eff^c^ed for this item, 

I 25X1 


CONCURRENCE: 

25X1 


Richard M. Bissell, Jr. 
SVtC/DCI - Project Director 
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APPENDIX I 







■ - Xteffl''33i; wlii be'njdde as' a separate payment of $13., 089. 30 subject to refun.il 
\ J/ji/ vtotalVto' the- Contract In accordance with ”Letter dated 22 May '19.52 • ’ 

' '-- '■.from Cotttractidg" Officer to Perkin -Elmer,*' and T:tp«t'ner dated 31 Kay from^ 


, . by ref erence and are made a part hereof. 


25X1 

I" Such references are hereby incorporated in. the cc25X1 c t 



V:' 



Xll-d 




Approved For Release 2009/09/16 : CIA-RDP89B00708R00050001 0002-2 - 



Approved For Release 2009/09/16 : CIA-RDP89B00708R00050001 0002-2 



ZTJU 


■ D_J. S C R Z P T I 0 N 


UKZT 

PRlCg 


of ••rvteo, msinaoring and teic 

with t«*t* In obtaining 
tha failura point aa a function of thlckneaa 

m •• ‘***«'i*>«<* In tha Projiictot 

Dlvlalon Tachnlcal 8p*ciflcatlon Ko. l. datad 
JanMry 10, 1955, and fitrnlah a report of tha 
findlnga of thoaa taata. 

Dallvary - April 1, 1955 

Fabricate alxty*alx (66) type A vlndowa par 
Parkln-Il»ar Dug. 111-0907 for uae with 
Configuratlone A^l md A-t 

Salivary - four (A) 6-1-SS 
t«o (2) 7-1-55 
ilk (6) 8-1-55 
twelve (12) 9-1-55 
twelve (12) 10-1-55 
twelve (12) 11-1-55 
twelve (12) 12-1-55 
•lx (6) 1-1-56 

Delivery - two («) 6-1-S5 
one (1) 7-1-55 
three ( 3 ) 8 - 1-55 
•lx (6) 9-1-55 
•lx (6) 10-1-55 
•lx (6) 11-1-55 
•lx (6) 12-1-55 
three (3) 1-1-56 

Elmer Ihrg. 111-0909 for uae with Configuration B 


343. 


439. 


324. 


Delivery - one 

<l) 

» -15-55 

one 

(1) 

10-1-55 

one 

(1) 

11-1-55 

one 

<l) 

12-1-55 

one 

<l) 

1-1-56 

two 

a) 

2-1-56 
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PRICE 


6,593 


22.967 


14,486 


2,268 
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%l 3 rtcat<? tj'.lrtv-four (3U) a 

•p«‘r W» lU-O^'C? for vis® i4tb Cnnflrurs- 

t.lnns? s.«'l A-2* 


■jeliTeiy ♦ u'our Cu) - I# 

?nur (u) - Ji'avwnber 1, X>1)6 
Four (ii) - ec<5ivb®r I, Zi-$6 
Kjpbt fa) - Jao'.ar/ iV5? 
Four (a) - Ri^f 1, IS-?? 
ten flO) • Fa,i:-ci' 1, uvS? 


2., bfeSf 


Ffl^rioKW SGventerji (l?) ‘a-lt.- ■,ii: caio?, i> '''i'v.-’OVi'S 

par Pe3EM?i-*Slr:®r -'-■'wr.* for iis® n :th 

tl ms A-1 ®ii ■ A»2« 

• Two <2) - te/i/jo 
Xw (2) - ri./l/>6 

Xwo (a) - 12 A /56 

Four (k) - l/.V;S? 
rwQ. <F) - 2A/27 
i’i.vr (,>’) •• 

'’mbricst^o s?fj. tl.'.?} ivp® € iinSoKS '"•er 

Fftrlclo-Elf^r W'*. f -r -'S® nrlh oa 

B# 

S%!l5.wry • Om (1) - W/X/p6 _ 
f;',n?e Cu) “ 11/1/56 
XSdc- (?) - Xli/l/${i 
Or.a fl) - I/X/57 
Fo ir (li) - 2/1/S? 

Fi'ie 'S3) • 3/1/5'/ 


31^ ' 


'■:'V 
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€ourt««n (14) Type 0 windoM, per 
Perkln-Klmir dug lil«0910 for use with Con- 
figurstion B( 329 

Delivery; two (2) 8-13-55 
two (2) 10-1-55 
two (2) 11-1-55 
two (2) 12-1-55 
two (2) 1-1-56 
four (4) 2-1-56 


Fsbrieste fourteen (14) Type S windows per Perkln- 

tlner Dwg 111-0911 for use with Conflgurstlon B 255. 

Delivery - two (2) 8-15-55 
two (2) 10-1-55 
two (2) 11-1-55 
two (2) 12-1-55 
two (2) 1-1-56 
four (4) 2-1-56 

Febricete fourteen (14) Type F windows, per Perkin- 

Blner Dwg 111-0912 for use id.th Conflgurstlon B 428, 

Delivery - two (2) 8-15-55 
two (2) 10-1*55 
two (2) 11-1-55 
two (2) 12-1-55 
two (2) 1-1-56 
four (4) 2-1-56 

Febricete fourteen (14) Type G windows, per Pertln- 

£l»er Dwg 111-0966 for use with Conflgurstlon C. ^ 3,053, 

Delivery - TWo (2) Septen^er 15, 1955 

TWO (2) Oeeeaber 1, 1955 ' .ii/f 

Two (2) Jsnusry 1. 1956 , 

Two (2) Februsry I, 1956 < - “ 

Two (2) Kerch 1, 1956 4- 

TWo (2) April I, 1956 
TWO (2) April 15, 1956 

Febricete seven (7) Type i! windows per Perkin- Bliaer 

Dwg 111-0967 for use with Conflgurstlon C, 3,053, 

/ 

Del ivery - One (1) September 15, 1955 , 

One (1) Decendier 1, 1955 

One (1) Jsnuery I, 1956 ii^'^ 

One (1) Februsry I, 1956 
One (1) Kerch 1, 1956 ' 

One (1) April I, 1956 
One (1) April 15*1956 


3,570 


5,992 


42.742 


21,370 


ill 
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6-A 


7-A. 


Fabricate (32) addliional T;rpe ^ */tn:\ow8 

per Perkin-JElrter Tll-C^XO i*'!* usr wJ.t'h Coiifif'ura** 
tion 3. 

iieliTrery - Two (2) - 

Bix (6) - Wy$(y 
Four fli ) - 12/1/56 
^ (2) - 1/l/S? 

( 1 ) - 2/1/57 
Ten ( 10 ) - 3/1/57 

fabilcatffi tt:irtj-tiio (32) 'raal £ ^'in-lowa 

per Perlcln-Kl' er fwf?, 111-0513. for -isn with Confl'-.ura- 

Oelireiy - Two (2) - lO/l/5^ i 
Six (6) - l.l/f/3'6 
Two (?) - 12/1/56 
Four fU) - 1/1/57 
Sirht ( ') - 2A/57 
Ten ( 10 ) - 3 / 1/57 

Fabricate ■U'drty-.twc (32) a.iiitioiuii T/pe ^ wiraiows 
per Perkia-filrser Jwg* 111-0512 for uso with Coiiflvura- 
tion B, 


lolivery - TSm (2) - lC/l/56 
Two (2) - U/1/S& 
Bight ( ) - 12/1/56 
‘Two (2) - i/i/57 
Bight ( 1 ) - ^1/57 
Ten (10) - 3/1/.57 


I 


32% 




10,52:, 


i,160. 


ii?.'). 13#656* 


ll£— A 
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Ptrovld* «nglna«ring •ttrvlcttt to develop and fuimlah 
to the Govexonent a prelinlnexy deaign ley out of e 
Date Recording CaMxa ai deacrthed In Projector IMLvialon 
Tech. I^ec. Ko. 2 dated Jaiuiary 19i I95S, and Anendinent 
No. 1, dated April 4, 1955 and revised May 1955. 

Delivery - April 30, 1955 

11 Provide engineering services to develop and Cornish 
to the Qovemnent an advanced engineering lay out 

oil Data Recording Camira Cron the prelininary design 
developed under Item 10. 

Delivery - May 30, 1955 

12 Construct, test and deliver a prototype of the 

Data Camera developed under 10 and 11 

Delivery - June 30, 1955 

13 Provide the necessary facilities and services to 
ass«Bl>le the first production unit of a Data Re* 
cording Cnnera hut modified as indicated the 
reeulte of the prototype tests. 

Delivery • July 15. 1955 

14 Provide the necessary facilities «td services to 
test, evaluate and deliver the first production 
unit of a Data Recording Camera. 

Delivery - August 31, 1955 

15 Purnish to the Govemnent a congilete set of 
engineering dravings for the manufacture of 
a Data Recording CasMra 

Delivery • SeptMsber 30, 1955 

16 Construct, test and deliver nineteen (19) Data 
Recording Canwras similar to the prototype de- 
veloped under Item 12 but modified ee indiceted 

by the reeulte of the prototype teats. 12,401.37 

Dellvsry - Ona (1) 9-15-55 
Ona (1) 10-15-55 
One (1) 11-22-55 
One (1) 12-23-55 

Belence - four (4) per month from 

Jenuery, 1956 to April, 1956 


iv 


37,010 


35,214 


43,886 


33,423 


16,768 


6,328 


235,626 
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